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BILL-NO.. $:86-10- (SS 


SPECIAL ORDINANCE NO. S- (W-K 


AN ORDINANCE approving Change Order 
No. 1, Res. 6018-85, Lynn Avenue, 
Phase I-B, with Rieth-Riley Con- 
struction Co., in connection with 
the Board of Public Works and Safety 
of the City of Fort Wayne, Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 

OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1, Res. 6018-85, Lynn 


Avenue, Phase I-B, with Rieth-Riley Construction Co., in connection 


with the Board of Public Works and Safety, for: 





this Change Order is necessary 

because weather conditions of rain 

saturated the subbase which caused 

an unstable condition. Additional 

common excavation and placing #73 

stone was used to tighten and sta- 

bilize the subbase; 
involving a net increase of Fourteen Thousand Eight Hundred Thirty- 
Eight and 50/100 Dollars ($14,838.50), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety and is by reference 
incorporated herein, made a part hereof, and is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 








APPROVED AS TO FORM 
AND LEGALITY 






erger, City Attorney 










time in full and on motion by ( 



















seconded by , and duly adopted 
by title and rererréd to the A neta (and the Cit 
PIOR WONG esion fox -Sossseneaeion) LNG, to se held after 
due: legal notice, at the Council Chambe : z Building, Fort Wayn 
Indiana, on _— SERE day of 

E LS, reat SIPE Men Ba 






pare: O I SE A 


KENNEDY; CITY CE 


Read the third e in, £11 and on motion by 
seconded by Oe Be , and duly adopted, 
passage. PASSED ( by the following vote: 


NAYS ABSTAINED ABSENT TOSWe Ts 


SAG Toy ect ee 





DRAE. tK 






ed on its 





D 
K 
ty 
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TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 


STIER 


AEREE 


DATE: AEE Ff oto r rp 
_ SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City Of Fort 


Wayne, Indiana, as (A 





(SPECIAL) so nage at ORDINANCE (RESOLUTION) NO. 






3 ATTEST: | (SEAL) . 


$ PER 


SANDRA E. KENNEDY, GETZ" CLERK 





NG OFFICER 


Presented by me to the ee of the City of Fort Wayne, Indiana, 


on the o E day of TE > rE 


, 














at the -hour of rie oD o'clock j .M.,E.S.T. 
SANDRA E. KENNEDY, CITY CLERK 
Approved and signed by me this 3/ day of Elle ; 
19 A , at the hour of p- o'clock = ¿M. ES. T: 





WIN MOSES, JR 


7 ¢-720 -30 


CHANGE “ORDER VV eb 
Change Order No. 1 Résolution No. 2018-85 
Project No. BSar A perder No._81-83 


Name of Project _Lymm Ave.- Phase I-B Curbs, Driveway Date Fi 2915/86 


Approaches & Yard walks 
To: RIETH-RILEY CONSTRUCTION CO. 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 





Description of Change Change in Contract Price 
Unit Price} Decrease | Increase 











Total Decrease | 


Total Increase $14,838.50 


Net (Degsease) (Increase) Contract Price $14,838.50 
The sum of $ 14,838.50 is hereby (added to) (deduetedxésem) the total contract 
price, and the final contract price shall be adjusted as follows: 


Original Contract Price $ 81129795 
Current Contract Price Adjusted by Previous Change Order $ 


—_—— M ŘMMMMe 


New Contract Price Including this Change Order $_95,968.45 


The time provided for completion in the contract for this project is (unchanged) (increased) 
(decreased) by 77 calendar days due to this Change Order. The date for completion 


of all work shall be = . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: ee A Y as Sa Chief Engineer Date F- 1272-E 
Accepted by:. A “4 Contractor) Date 4-17-86 
Approved an bi — PERT City Engineer) Date -(1-¥% 
Approved by: O ii Owner) Date _ 
i eta KR GL 
vS Pa 


. Attested by: i O V. Voohe noun) Date 9-24-56 
ez 


pa 


iy 
Change Order No. 1 
Resolution No. 6018-85 


Board Order No. 81-83 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Weather conditions of rain saturated the subbase which caused 





an unstable condition. Additional common excavation and placing #73 stone was used to 





tighten and stabilize the subbase. 


























Will proposed change alter size of the project? Yes No x 
If yes, explain: 
Affect on operation and maintenance cost of this project: 


Routine maintenance as required on any street. With the above added material the street 





will have a longer life expectancy. 











BRAT N Ain 


Richard Knappenberger Engineer 


RIETH-RILEY CONSTRUCTION 


CONTRACTOR 


6018-85 


RES. NO: 


PROJECT: LYNN AVE I-B 


CONTRACT COST ANALYSIS 
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DIFFERENCE: 


Ava fol | 


š : Admn. Anpr. 

3 $ k Res. 6018-85 5 

TITLE OF ORDINANCE Change Order #1 - Lynn Avenue - Phase I-B, Rieth-Riley gonst. Co. 

+ a a a O aE a IN E E A 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 


SYNOPSIS OF ORDINANCE Change Order #1 is necessary because weather conditions of rain 
saturated the subbase which caused an unstable condition. Additional common 
excavation and placing #73 stone was used to tighten and stabilize the subbase. 


Rieth-Riley Construction Company is the Contractor. 


SITE ÓN 


EFFECT OF PASSAGE Street will have a longer life expectancy. 
EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $14,838.50 Increase 


ASSIGNED TO COMMITTEE 


BILL NO. S-86-10-18 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
SE ee de ee N 


WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 


REFERRED AN (ORDINANCE) (ASA approving Change Order 


No. 1 Res. 6018-85, Lynn Avenue, Phase I-B, with Rieth-Riley 
AAA TEDO, Phase 17 B, with RiethsRiley _ =“: 
Construction Co., in connection with the Board of Public Works and 
€ ee poarc Or Pubilla Works and". 
_Safety of the City of Fort Wayne, Indiana : 


€_—_m=_>_> >=A<«M 


QA o cee 





HAVE HAD SAID (ORDINANCE) -(RÉESOLGRBLON) UNDER CONSIDERATION AND BEG 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
( RESOUMKKGN ) 


YES NO 





THOMAS C. HENRY 
CHAIRMAN 









DONALD J. SCHMIDT 
ICE CHAIRMAN TE AE O AR 
MARK E. GiaQUINTA 


PAUL M. BURNS 


ao e O Sale CHARLES B. REDD 


CONCURRED IN LO 04 YO SANDRA E. KENNEDY 
CITY CLERK 








